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Message Text 


UNCLASSIFIED 

PAGE 01 LENING 01070 14I306Z 

50 

ACTION FBOE-00 

INFO OCT-OI EUR-I2 ISO-00 A-01 OC-05 CCO-00 SY-05 ( ISO ) W 

047002 

R 14I224Z JUL 75 
FM AMCONSUL LENINGRAD 
TO SECSTATE WASHDC 1405 
INFO AMEMBASSY MOSCOW 
AMEMBASSY LONDON 

UNCLAS LENINGRAD 1070 

EO 11652N/A 

TAGS: ABLD, ASEC, UR 

SUBJ: COMPLETION OE INSTALLATION EMERGENCY GENERATORS 

REE: A) STATE 153110 
B) LONDON 10480 

1 . DUE TO WATER RISING THROUGH CONCRETE ELOORS OF EMERGENCY 
GENERATOR ROOMS AND OTHER AREAS, MAJOR CORRECTIONAL WORK IS 
NOW IN PROGRESS BY SOVIETS. THIS WORK IS EXPECTED TO BE 
COMPLETED BY AUGUST 4 AND WE RECOMMEND THAT ARRIVAL OF 
GENERATOR MECHANIC BE SCHEDULED JUST AFTER THIS. 

2. REFTEL B SUGGESTS THESE GENERATORS NEED INSTALLATION. 

UNITS ARE IN PLACE AND ONLY REQUIRE CERTAIN FUEL OR OTHER 
CONNECTIONS AND OTHER POSSIBLE PRE-OPERATION ADJUSTMENTS OR 
CLEANING. 

NEUBERT 


UNCLASSIFIED 
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Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750242-0815 
From: LENINGRAD 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750759/aaaacare.tel 

Line Count: 44 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBOE 
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Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
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Page Count: 1 
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